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Wee 
Gontract No, BY-B-5111n 
t New 4 


Baird-Atowls, Inc, cy 
33 University Road _ e 
Cambridge 33, Massachusetts 


Gentlemen: 


2. This document constitutes Amendment No 
« 4 to Gentract No, 
soln abepagie between Balrd-Atomic, Inc, and the United States oe 
ernment and ampnds said contract as hereinafter set forth, 


2. Pursuant to the clause of this contract entitled "Chanzgea* 
Appendix I in the Schedule of the contract , nirtaa 
noe | Spies : ract ia hereby amended in 


a. Item No, 6 is deleted 
substituted therefor: » and Item No. 6 set forth below is 


6 Training - Contractor shall conduct e@ factory t 

. ry training 
rezram in the repair and maintenance of Itens 1 and Z 
regrem hall conshat ahs ty oe erent Such 
program ahell consist of one (1) session of two (2) 
weeks duration and the Coverament will not send more 
then five (5) people for the session, Cost of this 
training ia included in the price of Item Ly 


b. Item No. 7 is deleted 
Pe ae: i » and Item 7 set forth below is 


7, Bate - Contractor shall furnish: one (1) reproducibl 
seventy-four (7/3 copies reproduced theratron of a Wend. 
bwok of Operation and Maintenance Instructions for Items 
2 and 4; ene (1) complete set of reproducible drawings of 
Ttera 1 and 4, Cost @f this data 48 ineluded in the 
prices of Items 1 endfor 4, 

6. Under the heading "DELIV:RY", delete the iten reading; 
"Item 12 - Complete by 30 June 1947," 
and substitute the following: 


Item 12 - Complete by 31 July 1957, 


eee 
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3. The cost of Items Nos. 9, 10, 12 and 12 added to the contract 
by amendments Nos. 2 end 3 will be inoluded in the coats of Items Nos. 
1, 2, 4, 5 and/or 8 of the contract Schedule. 


4. All other terma, conditions, requirements and consideration 
ef Contract No, HF-B. » as amended, seals unchenged, 7 


3. Plegse indicate your receipt of this Amendment No. 4 to Contract 

No, HF-B-S1115 and your seceptance thereof by executing the original 
and two copies of this Amendment, Return the fully executed original 
md cone copy of this Amendment to the underaigued and retain the 
remaining copy for your files, 

Very truly yours, 

THE UNITED STATES GOVERNMENT 

25X1A 


<¥" 


Contracting Officer 


ACKNOWLEDGED AND ACCEPTED 
BAERD-ATOMIC, INC, 


nen 
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